GiGez 31 AN GT ws SE RET 2 ERATE 


waitae tw ee ee z 
cewet ee erry vee a ame; sae * o*+ hte? Toe amas Sle fee Sane al ep, ae --5 


DIRECTOR 


su: «= OPS | : 929354 ») 


s/c (5) 
oe Deciassified ar) gee 
TOR: 91562 31 JAN 61 in Accordance wi)" == 
| Soe NOV 26 1987" 





NO NITE ACTION 





This document contains format= = 
referring tg P-siapy “7AM 
slot (280 







REF: 





FOR MESSRS PARANGOSKY AND XIEFER FROM COLONEL @ATTLE 
PLEASE PASS TO DR. CHARYK. 

DURING A ROUTINE FLOW CHECK OF THE THOR A FUEL LEAK YAS FOUND 
WHICH MAKES IT NECESSARY TO REPLACE THE THOR FUEL DUCT. THIS 
REQUIRES REMOVAL OF THE THOR FROM THE LAUNCHER, REPLACEMENT OF THE 
FUEL DUCT, AND REPEAT OF ELECTRICAL SYSTEMS AND FLOW CHECKS ALREADY 
ACCOMPLISHED. SINCE LAUNCH OF 1104 WAS BEING HELD FOR SAMOS THE 
FLOW CHECK HAD NOT PREVIOUSLY BEEN MADE. 

OUR WORK SCHEDULE CALLS FOR A MAXIMUM EFFORT (7 DAYS OF 24 HR 
WORK) WHICH WILL PLACE 1104 AT R=4 DAY ON 6 FESRUARY WITH LAUNCH 
POSSIBLE ON 10 FEBRUARY. SINCE THIS TIME SCALE ALLOWS FOR NO 
DELAY OR TROUBLE A LAUNCH DAY OF 14 FESRUARY CAN 3E MORE co VELY 
EXPECTED. | | | 
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OUR PRESENT INSTRUCTIONS REQUIRE US TO PROCEED WITH PREPARATIONS 
FOR LAUNCH OF 1104 BEFORE 1102. O% TiIs SCHEDULE, 1102 WILL LAUNCH 
S DAYS AFTER 1104, HOVEVER, 1102 IS PRESENTLY AT R~39 DAY AND WITI 
NO MAJOR TROUBLE COULD 3E LAUNCHED ON 3 FESRUARY$ PROVIDED IT WERE 
ACCORDED PRIORITY OVER 1104. 

IF THESE CIRCUMSTANCES SHOULD ALTER THE DECISION ON ORDER OF 
LAUNCH, WE WOULD 3E ABLE To FOLLOW THE ALTERNATIVE IF SO DIRECTED 
BY NOON ON 1 FEBRUARY. 
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